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SECRET 


25X1 

Copy of 5 
4 **1956 


CONTRACT AFWOf AL 
Contrast Bo, A-1D1 


Pursuant to your requ e st. of 25 April 1956, CMCC Doe. Bo. 15H5.64, 
ooaf Ixmstlsn of wtal authority i* terete glean to plooo parahaee 
crt oi far — teriolo far System Bo, 2 so listed in your re qu e st os 
requiring oigbt waste or longer load time end anouatlag to en estimated 
cost ef 992,354.00. 

Tea are aloe authorised, pursuant to year request of 25 April 1956, 
to Blase poetess otters far materials for Bystem Bo, 2 requ i r ing sis 
waste lead time end amounting to w estimated oest of H51#370.56. 

hirahese o r d er s for tte Items of materiel referred to stems and 
listed in your request will be proper sharpen to Contrast Bo. A-lfiL. 


25X1 


Contrasting Qffioer 
Contract Bo. A-U& 


25X1 



3 - Project Comptroller 

4 - Chrono^ ^ 

5 - 

HJFzlmw (4 May 1956) 
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